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BILL NO. S-76-06- 




SPECIAL ORDINANCE NO. S- 


AN ORDINANCE approving Change 
Order No. 6 in connection with 
Division II of the Water Pollution 
Control Expansion Project. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY 
OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 6 to John Dehner, 

Inc. - Spears-Dehner, Inc., joint bidders in connection with 
Division II of the Water Pollution Control Expansion Project 
to be reduced in the amount of $207,095.00 by deleting the 
electrical work in the contract, as set out in the specifications, 
is hereby in all things ratified,^confirmed and approved. 

SECTION 2. This Ordinance shall be in full force and 
effect from and after its passage and approval by the Mayor. 



APPROVED AS TO FORM 











Rc'od ihe first tine in full and n r.otion by ^^^conded'by 

and duly adopted, read the second tine by title and referred 
to the Connittee on _ 

Cornmi s ^mf^To?n~e^^4wr^4e^4■^^ l!eai ^4w--tQ-Ja£jl^M_aftej^^ , 

at t’^f^~T?7T7nTnH-Hitr57nb?rrs-7--eiTv=-eo^^ -—^ » 

the ' day of ^_:::r»- _’ at- n-- — 


0 ' C— 

Date:_ ^^C> 


“cTTYTtTRK-- : ^ ^ ^ ' 


Read the third time in full and on motion by_ 

seconded by _ and duly adonted, placed on its passaoe. 

Passed by the follov.n'nn vote: 

AYES DAYS AS STAI NED ABS ENT. 


QTAL V OTES 
BURNS 
HINGA • 
HUNTER 
MOSES 




O 


TO-WIT 

n 


iY 



Passed and adopted by the Coinrnon Council of the City of ForL Wayne, Indiana, 
as (Zoning ■44dTtM^..-^eralT(Ali)iexaL-ron) (Special) (Ai«i^pi-T-crt“hc^) Ordinance 


_on the__ d ay of 



197 




Mayor of the Cit.v of Fort .Wavne, Indiana, on ' 

, 197 at the hour of //^ o 'clock 


CITY CURK 

Annroved end sinned by me this j.v of 


at the hour of 0 O o'clock 













































































S-76-06-13 


Bill No. 

REPORT OF THE COMMITTEE ON PUBLIC WORKS 

We, your Committee on Public Worlcs _ to whom was referred an Ordinance 

approving Change Order No. 6 in connection with Division II of the 

Water Pollution Control Expansion Project- 


have had said Ordinance under consideration and beg leave to report back to the Common 


Op 


Council that said Ordinance _ 

Win£ield C. Moses, Jr. - Charrman 
Donald J. Schmidt - Vice-Chairman 

Vivian G. Schmidt 

Paul M. Bums 


William T. Hinga 









' CONCURRED IN 

- CHARLES W. WESTERMAN, CITY 








































3263 9D 


Job No 

PROJEC T Terminal Ponds _ Fort Wayne, Indiana 

DIVISION/SSg$?SS _il_ 

CHAI^GE ORDER NO. ^ 

John Dehner, Inc., and 
TO: Spears-Dehner, Inc., Joint Bidders 


P.O. Box 1346 


Fort Wayne, Indiana 46801 

You are hereby authorized to make the following additions and/or deductions to 


your contract amount. 

Previous 
Contract Amount 

Increase 

Decrease 

Net Change 
(Deduct) 

Revised 

Contract Amount 

TOTAL $ 4,596,284.57 

$ -0- 

$ 207,095 

$ 207,095 

$ 4,389,189.57 


Description of Change; Add Deduct 


Item No. 1 


Delete all electrical- work including 
labor and material as covered under 
Division II plans and specifications 
and more specifically outlined under 
Section D-14, Electrical, Division II 
specifications pages D14/1 through 
D14/41, except for rough-in work com¬ 
pleted for outfall structure at Pond 
No. 3, outfall structure at Pond No. 

2, the interconnecting structure be¬ 
tween Pond No. 2 and Pond No. 3 and 
the chlorination diversion struc¬ 
ture $207,095.00 


Totals 


0 $207,095.00 

$207,095.00 


Net Change (Deduct) 




















CHAHCE ORDER NO. 6 

PROJECT_ Division II - Terminal Ponds 


This change does not affect the date of com¬ 
pletion of the contract. • 


PvECOMMENDED: 


HENRY B. STEEG & ASSOCIATES, A DIVISION 
OF HOWARD NEEDLES TAIMEN & BERGENDOFF 


APPROVED: 

CITY OF FORT WAYNE, INDIANA 




ACCEPTED: JOHN DEHNER, INC., AND 
SPEARS-DEHNER, INC., 

__ JOINT VENTURE _ 

ACCEPTED FOR: JOFJJ DEHNER, INC. 
CONTRACTOR 



anry P. Wehrenberg, Ch^ 



_Pat e 

ED FOR: S^ARS-DEHNER, INC. 




Title_ 

ACCEPTED FOR: SftlARS-DEHNER, INC. 
CONTRACTQJ 

Ky. 


:ONTRACT^y 


Title ' 


Date 





















Itein No. 1 


Change Order No. 

Board Order No.• 


1. Necessity for change: 


REQUEST AND JUSTIFICATION FOR CHANGE 

This change Is required to overcome encountered construction 


and Installation pro blems associated with the interfacing of instrumentation and elec- 

trical controls of the process control system between Division I and Division II. This 

change provides for all electrical work to be accomplished by the Division I contractor. 


2. Will proposed change alter size of the project? Yes_ No X 

If yes» explain 

No - only the scope of work for Divisions I and II within the nrcfiect. Division I 

increases to that part that Division TI is reduced. 

3. Affect on operation and maintenance cost of this project: 

N/A 


Engineer 





























TITLE OF ORDPl^PICE special ORDINANCE-Change Order No. 6 on Division II of XIPC Expansion 
^ ---—.—.—.—^ --—...-. Proj.ae t 

DEPARTi'ET’ REQUBTIMG ORDIMAI'iCE board of public _ 

SViEPSIS OF ORDIMA.NCE change Order No. 6 of John Dehner, Inc, and Spears-Dehner, Inc ., 
Joint Bidders on Division II of the Water Pollution Control Expansion Project 
provides for contract reduction in amount of $207,095.00 by deleting certain electrical 

work. Said electrical work will be added to the contract for Division I. • 


(SEE ATTACHMENTS for further explanation) 


EFFECT OF PASSAGE Electrical work deleted from contract 


FFECT OF ;iQ'i-PASSAGE . Failure to construct project in manner deemed best by City 

roncnTt-inp Engineer 


^niEY liWOLVED (Direct costs, Expemditures, Savings) $ 207 , 095.00 reduction of 

contract on Division II - does not change cost on overall project. 


AssKiED TO cafiiTTE 






























